TANZA WATER DISTRICT (TWD) INDICATIVE ANNUAL PROCUREMENT PLAN NON-CSE FOR FY 2021 


Mode of 


Procurement Program/Project 
Procurement 


Code PMO/ End 
(PAP) User 


REPAIR LEAK AND INSTALL NEW STANDPIPE/SERVICE PIPE 


By Aaministartion 
Request for 


Suppl d Deli f Pi d 
ae ss Sila Y RETIRES Public Bidding 
Fittings 
CMD 


Pavement Restoration 


CONSTRUCTION WORKS 

By Administartion/ 
Request for 
Quotation 


Construction of Comfort Room and 
GenSet Room at Sta. Cecillia (PS12) 


Construction of Comfort Room and By Administartion/ 
Request for 


Quotation 


GenSet Room at Amaya Pump 
House (PS10) 


Concrete Perimeter Fence at 


Public Biddi 
Paradahan 1 (PS7) ublic Bidding 


Construction of Storage Area at 


, Public Bidding 
Pump Station 9 


Elevated Steel Tank 250 cu.m. 


Public Biddi 
Capacity at Paradahan | (PS7) uDlic Bidding 


Elevated Steel Tank 250 cu.m. Public Bidding 
Capacity at Amaya(PS10) 

Construction of Pump House, 
Comfort Room and Perimeter Public Bidding 
Fence at Golden Sunrise (PS13) 


Construction of TWD Office 








Public Bidding 


PAINTING WORKS 
Elevated Water Steel Tank Painting 
Exterior PS-1,PS-3,PS-4,PS-5,PS- 
8,PS-11 and PS13 


By Administartion/ 
Request for 
Quotation 


By Administartion/ 
Request for 
Quotation 


Elevated Water Steel Tank Painting 
Interior PS-3,PS-5,PS-11 and PS13 


Schedule for Each Procurement Activity 
i Contract 
Advertisement/ Submission/Opening of Bids| Notice of Awards on ree 
Posting of IB/REI Signing 


January - September 2021 


January - December 2021 
January - December 2021 
January - March 2021 


January - June 2021 
July - December 2021 


June - December 2021 


June - December 2021 
June - December 2021 
August - December 2021 


April - October 2021 


April - September 2021 


Source of 
Funds 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


Corporate 
Budget 


® 2,000,000.00 T ® 2,000,000.00 
25000000] asooo] | 


® 200,000.00 
® 3,200,000.00 


® 300,000.00 
# 1,500,000.00 


® 5,000,000.00 
® 5,000,000.00 


® 1,400,000.00 


® 3,500,000.00 


® 500,000.00 
® 1,000,000.00 


# 500,000.00 


® 1,000,000.00 


300,000.00 


P ,000. 


® 1,400,000.00 
® 3,500,000.00 


Remarks (Brief Description of 
Program/Activity/Project) 


Provision os Supply and Delivery 
of Pipes and Fittings and other 
related appurtenances. 


Provision of Concrete Perimeter 
Fence at Sta Cecillia II (PS12) 


Provision of Labor for Pump 
House, Comfort Room and GenSet 
Room at Amaya Pump House 
(PS10) 


Provision of Concrete Perimeter 
Fence at Paradahan 1 (PS7) 


Provision of Construction of 
Storage Area at Pump Station 9 


Provision of Elevated Steel Tank 
250 cu.m. Capacity at Paradahan | 
(PS7) 


Elevated Steel Tank 250 cu.m. 
Capacity at Amaya(PS10) 


Provision for Pump House, 
Comfort Room Concrete Perimeter 
Fence at Golden Sunrice (PS13) 


Provision for the Construction of 
TWD Office Expansion 


Provision of Elevated Water Steel 
Tank Painting Exterior PS-1,PS-3,PS: 
4,PS-5,PS-8,PS-11 and PS13 


Provision of Elevated Water Steel 
Tank Painting Interior PS-3,PS-5,PS: 
11 and PS13 





By Administartion/ 
Pumping Station Repainting Request for March - July 2021 
Quotation 


Corporate æ 250,000.00 | + 250,000.00 Provision of Pumping station 
Budget Repainting 


VEHICLE 


c t Provision for the Acquisition of 
Multi-Purpose Vehicle CASD Public Bidding July - August 2021 orporate | 1 200,000.00 |  1,200,000.00 E R R 
Budget CASD Multi-Purpose Vehicle 


LINE UPGRADING 


Pipe improvement at PS-5 and PS- By Administartion/ BSrcorate Provision for the Pipe 
11. Installation of direct pumping Request for February - April 2021 5 7 : ® 100,000.00 | ® 100,000.00 improvement at PS-5 and PS-11. 
udge 

line. Quotation 8 Installation of direct pumping line. 

Distribution Line Upgrade Provision of Distribution Line 

(Alfredo's-Bucal Upgrade (Alfredo's-Bucal 

Alvarez-Eastwest Bank By Administration Corporate Alvarez-Eastwest Bank 
anes y Admińistration/ January - December 2021 P ® 2,500,000.00 ® 2,500,000.00 hanes 

Christine Village-Landmass Public Bidding Christine Village-Landmass 

Julugan Area Julugan Area 

Starfish-Banana Island) Starfish-Banana Island) 


LINE EXPANSION 


Excavation, Pipelaying, Backfilling 
w/ Compaction and Restoration 


Provision of Escavation, 

Pipelaying, Backfilling 2/ 

# 1,200,000.00 ® 1,200,000.00 | Compaction and Restoration at 

Julugan- One Tanza to Fish 
Terminal) 


Provision of Escavation, 

S 200,000.00 Pipelaying, Backfilling 2 
Compaction and Restoration at 

Bucal - NIA Road. 

Provision of Escavation, 

e — 600,000.00 Pipelaying, Backfilling 2/ 
Compaction and Restoration at 

Amaya | (Starfish Road). 

Provision of Escavation, 

S 200,000.00 Pipelaying, Backfilling 2/ 
Compaction and Restoration at 

Chateau Ville 


1.0 Julugan- One Tanza to Fish By Administration/ March - August 2021 Corporate 


Terminal) Public Bidding Budget 


C t 
3.0 Amaya 1- (Starfish Road) Public Bidding May - September 2021 Be 600,000.00 
udge 
By Administartion/ 
s Corporate 
4.0 Chateau Ville Request for February - May 2021 Budget ® 200,000.00 
Quotation 7 





By Administartion/ 
Corporate 
2.0 Bucal - NIA Road Request for February - May 2021 Búda ® 200,000.00 
udge 
Quotation 8 
E ' 


5.0 Nia Road connecting A. Soriano 
Highway and Tanza-Trece Road 


Supply and Delivery of Pipes and 
Fittings 


1.0 Julugan- One Tanza to Fish 
Terminal) 


i 2.0 Bucal - NIA Road 


3.0 Amaya 1- (Starfish Road) 
4.0 Chateau Ville 


5.0 Nia Road connecting A. Soriano 
Highway and Tanza-Trece Road 


WELL REHABILITATION 


EE Well Rehabilitation/Repair Service 
o Pull out / Install Service 


GENERATOR SET 


Acquisition of Generator Set 
(PS13-AFPMBAI) 132 - 160KVA 


Maintenance for 8 Units Generator 
Sets (External Services) 











Public Bidding April - October 2021 


Provision of Escavation, 
Pipelaying, Backfilling 2 
Corporate ps yne peN Mes / 
Büdget P 1,350,000.00 ® 1,350,000.00 | Compaction and Restoration at 
g NIA Road Connecting A. Soriano 
and Tanza-Trece Road 


Provision for the Supply and 
Corporate ® 1,300,000.00 ® 1,300,000.00 Delivery of Pipes and Fittings at 
Budget Julugan - One Tanza to Fish 
Terminal. 
Provision for the Supply and 
Corporate : : ive 
® 300,000.00 P 300,000.00 | Delivery of Pipes and Fittings at 
Budget 
Bucal - NIA Road 
rovision for the Supply and 
Corporate 2 g rs 
600,000.00 P 600,000.00 ivery of Pipes and Fittings at 
Budget i 
Amaya | (Starfish Road). 


Public Bidding January - March 2021 


Request for Quotatio January - February 2021 


Public Bidding March - April 2021 


equest for Quotatio January - February 2021 


P 
rovision for the Supply and 
Corporate k 7 be 
® 250,000.00 P 250,000.00 ivery of Pipes and Fittings at 
Budget ; 
Chateau Ville. 
rovision for the Supply and 
Corporate P 1,350,000.00  1,350,000.00 ivery of Pipes and Fittings at 
Budget NIA Road Connecting A. Soriano 
Highway Tanza-Trece Road. 





Public Bidding February - March 2021 


amall value January - December 2021 Corporate | 600,000.00] > 600,000.00 POOO OE 
Procurement Budget Rehabilitation/Repair Service 
i OO 


Reduest for January - October 2021 Corporate 160,000.00 | & 160,000.00 Provision for pun out / Install 
Quotation Budget Service 
Coasts Provision for the Acquisition of 
Public Bidding December 2021 a ae # 1,200,000.00 # 1,200,000.00]} Generator Set (PS13-AFPMBAI) 
132- 160KVA. 
R i C Provision for the Maintenance of 8 
equest for Orporate 
q i January 2021 P ® 240,000.00 | & 240,000.00 Units Generator Sets (External 
Quotation (RFQ) Budget Services) 


Provision for the Supply of Fuel 
Diesel 


. Provision for the Acquisition of 
Spare Parts (Battery, Oil Pressure, j 
Spare Parts (Battery, Oil Pressure, 

Sensor, Fuel Pump, Starter Fuel Request for Corporate 

i sr A January 2021 150,000.00 150,000.00 Sensor, Fuel Pump, Starter Fuel 
Filter, Oil Filter and External Quotation (RFQ) Budget ; ee. 

i Filter, Oil Filter and External 
Services t 
Services 


Request f c t 
Fuel Diesel WRPDD S January - December 2021 PROSE 230,400.00 230,400.00 
Quotation (RFQ) Budget 


WATER TREATMENT EQUIPMENT AND ACCESSORIES 


Small Val 
Dosing Pump AVANE January - December 2021 240,000.00 240,000.00 
Procurement 


Provision for the Supply of Dosing 
Pump 


Provision for the Supply of 


Small Val 
Sunction Hose Manva Me January - December 2021 # 200,000.00 200,000.00 
Procurement Sunction Hose 
Diaphram Small Value January - December 2021 Corporate | 50,000.00 50,000.00 Provision for the Supply of 
Procurement Teaia 
Budget 
Procurement 


Container 


R tfi Provision for the Supply of 
Chlorine Residual Test Kit PES January - December 2021 P 65,000.00 | # 65,000.00 Tovision tor tne SUPPIY O 
Quotation (RFQ) Chlorine Residual Kit 
Corporate Provision for the Supply and 
Chlorine Dioxide (Powder Solution) Public Bidding July - December 2021 ar R P 2,767,920.00 # 2,767,920.00 Delivery of Chlorine Dioxide 
# (Powder Solution) 


ELECTRO-MECHANICAL 


Submersible Pump WRPDD Request for January - December 2021 corporate ® 840,000.00 ® 840,000.00 Provision forthe Acquisitionof 
Quotation (RFQ) Budget Submersible Pump 
Submersible Motor WRPDD Request for January - December 2021 Corporate | 5 840,000.00 e 840,000.00 | P"OVision for the Acquisition of 
Quotation (RFQ) Budget Submersible Motor 
Riser Pipe and Coupling WRPDD Request Tor January - June 2021 Corporate 80,000.00 | * 80,000.00 Provision for the Acquisition St 
Quotation (RFQ) Budget Riser Pipe and Coupling 
Request for Corporate Provision for the Acquisition of 
Submersible Cable | weon | q January 2021 P # 200,000.00 | # [> 22000000 000.00 q 
Quotation (RFQ) Budget Submersible Cable 





Splicing Kit WRPDD Reguestfor January - October 2021 Corporate 32,000.00 | P 32,000.00 Provision forthe Acquisitionot 
Quotation (RFQ) Budget Splicing Kit 
Request for Corporate Provision for the Acquisition of 
Transducer/Transmitter WRPDD a January - September 2021 P 24,000.00 | # 24,000.00 $ k 
Quotation (RFQ) Budget Transducer/Transmitter 
R tf C t Provision for the Acquisiti f 
Hardware and Accessories WRPDD eques or January 2021 orporate P 20,000.00 | # 20,000.00 PONISI Sire curds en S 
Quotation (RFQ) Budget Hardware and Accessories 


CONTROL PANEL 


Asausst'tar eee Provision for the Supply and 
Variable Frequency Drive (VFD) WRPDD 9 À January - December 2021 p ® 900,000.00 P 900,000.00 | Delivery of Variable Frequency 
Quotation (RFQ) Budget Drive (VFD) 








Request for 
Quotation (RFQ) 


Hardware and Accessories WRPDD Request for January 2021 Corporate 20,000.00 | # 20,000.00 
Quotation (RFQ) Budget y i 


ELECTRICAL USE 


Request for 


Auto-Voltage Regulator (AVR) Quotation (RFQ) 
uotation 


a Circuit Breakers WRPDD 
BE Magnetic Compactor WRPDD 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


THHN Wire # 8, 10, 12, and 14 WRPDD 

Terminal lugs, electrical tape, 

switches and outles 

LED Lights (7watts) WRPDD 
= Flood Lights LED WRPDD 


Request for 


WRPDD 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 





fon VFD Cooling System Fan WRPDD 


MACHINERY AND EQUIPMENT 


Desktop Computer ACMD; 
PAnR AGSD 


Request for 
Quotation (RFQ) 


Request for 


Multi-Function Printer 7 
Quotation (RFQ) 


FURNITURE AND FIXTURES 


a Office Chairs ACMD 


Modular Partition for Second Floor 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Public Bidding 


Procurement and Installation of 
Modular Tables and Partitions 
including chairs at Engineering 
Office 


Request for 
Quotation (RFQ) 





Corporate 
Budget 


Provision for the Supply and 
Delivery of Soft Starter 


June - December 2021 


® 250,000.00 | # sowo) 


Provision for the Supply and 


pees: of Hardware and 


Provision for the Supply and 
Corporate 
500,000.00 | Delivery Auto-Voltage Regulator 


® 500,000.00 
Budget 
(AVR) 
C t P for the A iti f 
January - July 2021 orporate 8,000.00 | & 8,000.00 rovision for the Acquisition o 
Budget Circuit Breakers 
January 2021 Corporate 15,000.00 | $ 15,000.00 Provision for the Acquisition of 
Budget Magnetic Contactor 
January - October 2021 Corporate 3,000.00 | > 3,000.00 Provision for the Supply of THHN 
Budget Wires. 
January 2021 Corporate 5,000.00 | $ 5,000.00 Provision for the Supply of 
Budget Electrical Accessories. 
January - December 2021 Corporate 18,000.00 | 18,000.00 Provision forthe: suppi ot LED 
Budget Lights (7 watts). 
January 2021 Corporate 2,000.00 | $ 2,000. of o Provision for the Supply of Flood 
Budget Lights (LED) 
Ç t P for the Sı ly of VFD 
January - July 2021 Puen 6,000.00 | # 6,000.00 rovision for the Supply o 
Budget Cooling System Fan. 
March - April 2021 Corporate | $ 100,000.00] > 100,000.00 provision forthe Supplyiot 
Budget Desktop Computer 
March - August 2021 P 22,000.00 | # 22,000.00 E 
Corporate Provision for the Purchase of 


May 2021 # 25,000.00 | & 25,000.00 } y : 
Bude en dic poe Oifige chalr 
May 2021 Corporate 12,000.00 | $ 12,000.00 Provision for the Purchase of 
Budget Accounting Visitor's Chair 
Provision for the AGSD and ACMD 
® 1,000,000.00 P 


1,000,000.00 | Modular Partition at TWD Second 
® 120,000.00 P 


January - March 2021 


Corporate 
Budget 


Provision for the Supply of Multi- 
Fucntion Printers 


Corporate 


April 2021 
Budget 


Floor 


Provision ofProcurement and 
Installation of Modular Tables and 
Partitions including chairs at 
Engineering Office 


Corporate 


January - March 2021 
Budget 


120,000.00 


fables and Chairs for Pump WRPD 
Stations 


DISCHARGE LINE FITTINGS 


o Flow Meter WRPDD 


o Check Valve WRPDD 
o Release Valve WRPDD 
Gate Valve WRPDD 





PREVENTIVE MAINTENANCE AND UPGRADING 


TWD IT Infrastructure 
Enhancement 


CASD 
CASD, 
AGSD 
CASD 
CASD 
CASD 
CASD 
CASD 


CASD 


IT and ISO Certification 
Consultancy/Professional Services 
and Security Services 


Billing & Collection System 
Maintenance Enhancement 


Customer Service System 





Illegal Connection Detection 
Procedure Related Activities such 
as Brgy. Representation 


Computer 
Maintenance/Replacement and 
other Appurtanances 


Marketing Survey Procedures, 
Public Hearing, Barangay 
Talakayan, Customer Service 
Customization (SMS Messaging) & 
other Related Activities 


Meter Reading System (MRS) 
Enhancement 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 
Request for 
Quotation (RFQ) 
Request for 
Quotation (RFQ) 


Small Value 
Procurement 


Request for 
Quotation (RFQ) 


Small Value 


Procurement 


Small Value 
Procurement 


Small Value 
Procurement 


Ca 7 : 
R tfi C t 
Pressure Gauge WRPDD eae oe January - July 2021 erp orate P 1,000.00 | # 91,000.00 
Quotation (RFQ) Budget 
P 


Small Value 
Procurement 


Small Value 
Procurement 


Small Value 
Procurement 





January 2021 Corporate | s 52,000.00 | ® 52,000.00 
Budget 


January - July 2021 Corporate p 60,000.00 | > 60,000.00 Provision for the Supply of Flow 
Budget Meter 

January - July 2021 Corporate p 65,000.00 | & 65,000.00 Provision for the Supply of Check 
Budget Valve 

January 2021 Corporate p 50,000.00 | > 50,000.00 Provision for the Supply of Air 

Budget Release Valve 

January - July 2021 Corporate 150,000.00 150,000.00 Provision for the Supply of Gate 
Budget Valve 

Provision for the Supply of 
Pressure Gauge 


Corporate Provision for TWD IT Infrastructure 


Budget 


500,000.00 
Enhancement 


a i 
Provision for IT and ISO 
e 500,000.00 Certification i 
Consultancy/Professional Services 
and Security Services 


June 2021 ,000. 
Provision of Billing & Collection 
500,000.00 | 500,000.00 


January - December 2021 


® 500,000.00 
500,000.00 


P 
9 
Corporate p 
Budget 
P 


Corporate 


January - December 2021 
Budget 


Provision of Customer Service 


Corporate z 
System Maintenance 


January - December 2021 
Budget 


, s 


Provision of Meter Reading 
System (MRS) Enhancement 


Corporate 


System Maintenance 
® 200,000.00 | # 200,000.00 
P 200,000.00 


Enhancement 
® 200,000.00 


® 50,000.00 
® 200,000.00 


® 300,000.00 


July 2021 


January - December 2021 


Provision of Illegal Connection 
Detection Procedure Related 
Activities such as Bragy. 
Representation 


50,000.00 
# — 200,000.00 


P 300,000.00 


Provision of Computer 
Maintenance/Replacement and 
other Appurtanances 


Corporate 


January - December 2021 
Budget 


Provision of Marketing Survey 
Procedures, Public Hearing, 
Barangay Talakayan, Customer 
Service Customization (SMS 
Messaging) & other Related 
Activities 


Corporate 
Budget 


February - November 2021 


New Service Connections Materials 
and Fittings 


Customer Service Room and Server 


Area Storage and Dividers 
Improvement 


Training Expenses 
Assorted Tools 


Inventory Held for Sale 


Statement of Accounts 2000 sets 
per box 2 ply (Water Bills) 


Official Receipts 


Human Resource Information 
System (HRIS) 


TWD Radio and 
telecommunication maintenance, 
development and replacement 


OTHERS 


CAS 
AS 


C 








Public Bidding 


Small Value 
Procurement 


Small Value 
Procurement 


March 2021 


January 2021 


January - December 2021 


Corporate 
Budget 


A o 
w m 


Corporate 
Budget 


Small Val C t 
mall Value February 2021 aie 100,000.00 | ® — 100,000.00 
Procurement Budget 


Public Bidding 


January - December 2021 


Corporate # 200,000.00 | è 200,000.00 
Budget 


Corporate 
Budget 


P 2,214,217.50 | ® 2,214,217.50 


P 
P 


; c t 
Public Bidding April - December 2021 Mose 850,000.00 | 850,000.00 
udge 


Small Value 
Procurement 


Small Value 
Procurement 


January - December 2021 


June 2021 


Corporate 500,000.00 | 500,000.00 
Budget 


Corporate 
Budget 


® 264,000.00 | P 264,000.00 


Small Val c t 

MANN aR June 2021 orporate | S 24,000.00 | > 24,000.00 
Procurement Budget 

Small Val ; c t 

A ANS April 2021 orporate | Š 200,000.00 | 200,000.00 
Procurement Budget 

Small Val c t 

malvaiue March 2021 orporate | = 200,000.00| ® 200,000.00 
Procurement Budget 

small Value September 2021 corporate 500,000.00 | ® 500,000.00 
Procurement Budget 


Small Value 
Procurement 


Small Value 
Procurement 


small value February - August 2021 Corporate | S 0,000.00] > 60,000.00 
Procurement Budget 
24, 


March 2021 


P i 
Small Val C t 
MAON March 2021 orporate | ® 275,000.00] ® — 275,000.00 
Procurement Budget 


January - December 2021 


Corporate 
Budget 


P 
® 500,000.00 | ® 500,000.00 


Corporate 
Budget 


® 200,000.00 | # 200,000.00 


P 1,000,000.00 
250,000.00 


Provision for the Supply and 
Delivery of Service Connection 
Materials and Fittings 


Provision for Customer Service 
Room and Server Area Storage 
and Dividers Improvement 


Provision for CASD Personnel 
Training Expenses 


Provision for the Acquisition of 
CASD Assorted Tools 


Provision for the Acquisition of 
Various Materials and Fittings. 


Provision for the Procurement of 
Water Meters. 
Provision for the Procurement of 
Bolt Lock for Water Meters. 


Provision of Line Printer 


Enhancement and Maintenance 
Provision tor the Acquisition oO 
Statement of Accounts 2000 sets 


ner ho n Mater Ri 


Provision for the of Official 
Receipt. 


Provision for the of Other Receipt 
Provision for the Acquisition of 
Collection System 
Provision for the Acquisition of 
Accounting System 
Provision for the Acquisition of 
Inventory System 
Provision for the Acquisition of 


Human Resource Information 
System (HRIS) 


Small Value Corporate Provision for the Acquicisition of 
Cahier's Counter Improvement ACMD May 2021 P # 200,000.00 | # 200,000.00 an q 
Procurement Budget Cahier's Counter Improvement 


Provision for TWD Radio and 
telecommunication maintenance, 
development and replacement 





Acquisition of lot at Barangay 
Bagtas. 


Purchase of Air Compressor with 
Jackhammer 


Fabrication of Safety and 
Construction tools and signages 
and Procurement of Personal 
protective equipment for 
construction activities 


Fabrication of trail mounted water 
tank including pump, motor and 
accessories. 


Purchase of portable generator set 
6KW 


Purchase of One (1) unit 
Residential Fire Hydrant for 
installation @ Sta. Cecilia 2 Subd. 


Purchase of Leak Detector Machine 


Calibration Services of Flow Meter 
and Calibration Test Bench 


Multimeter Tester (Megger) 


Tools and Kit (Use for Service 
request and Flushing) 


Electric Vacuum Cleaner 


Microbiological Test 
Physical and Chemical Test 


Meralco Application of PS-13 











Public Bidding 


Public Bidding 


By Administartion/ 


Request for 
Quotation 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 


Request for 
Quotation (RFQ) 





January - December 2021 


Corporate | S 2 500,000.00 
Budget 

Corporate | S 4 300,000.00 
Budget 


Corporate | 5 250,000.00 
Budget 


? 
? 
? 
? 
p 
? 


P 2,500,000.00 Provision for the Acquisition of lot 
at Barangay Bagtas. 
 1,300,000.00 Provision for the Acquisition of Air 
Compressor with Jackhammer. 


January - April 2021 


Provision for the Fabrication of 
Safety and Construction tools and 
February - May 2021 250,000.00 signages and Procurement of 
Personal protective equipment for 


construction activities 


Provision for Fabrication of trail 


January - March 2021 100,000.00 mounted water tank including 


pump, motor and accessories. 


Corporate 100,000.00 
Budget 


p 
Corporate | 100,000.00 
Budget 


Provision for the Purchase of 


January - March 2021 
portable generator set 6KW 


100,000.00 


Provision for the Purchase of One 
(1) unit Residential Fire Hydrant 
for installation @ Sta. Cecilia 2 

Subd. 


Procision for the Purchase of Leak 
550,000.00 , 
Detector Machine 


January - February 2021 120,000.00 


Corporate | S 120,000.00 
Budget 
Corporate | 5 550,000.00 
Budget 
Corporate 
February 2021 # 60,000.00 
Budget 
P . 


February - April 2021 


Provision for the Acquisition of 
Calibration Services of Flow Meter 
and Calibration Test Bench 


60,000.00 


Provision for the Acquisition o 


65,000.00 j 
Multi-Meter Tester (Megger) 


January 2021 Corporate 65,000.00 
Budget 
Corporate 
January 2021 P 50,000.00 
Budget 
Corporate 
January 2021 P 15,000.00 
Budget 
January - December 2021 Corporate ® 150,000.00 | & 
Budget 
Corporate | 5 91,000.00 | & 
Budget 
Corporate 
June 2021 ® 600,000.00 
Budget 


50,000.00 Provision for the Acquisition of 
Tools and Kit 
Provision for the Acquisition of 


15,000.00 K 
Electric Vacuum Cleaner 


Provision for the Acquisition of 


150,000.00 : P f 
Microbiological Test. 


Provision for the Acquisition of 
Physical and Chemical Test 


Provision for the Acquisition of 
® 600,000.00 mA 
Meralco Application for PS-13. 


January - July 2021 91,000.00 


Contingency for Periodic Provision for the Contingency for 
i i Request for Corporate ae 5 
Maintenance and Miscellaneaous j January - December 2021 1,250,000.00 1,250,000.00 Periodic Maintenance and 
Quotation (RFQ) Budget , 
Expenses Miscellaneaous Expenses. 





